LEVEL CROSSING 
REMOVAL UPDATE 


The Victorian Government Is 
removing two dangerous and 
congested level crossings 
along the Hurstbridge line, 
building a brand new Rosanna 
Station, and duplicating 

the single section of track 
between Heidelberg and 
Rosanna. This will make 
communities safer and get 
commuters in Melbourne's 
north east home sooner. 


Works in November and December 
in Heidelberg and Rosanna will be 
significant as we gear up for a major 
construction blitz in early 2018. 


n Heidelberg, we're continuing work 
on the Burgundy Street bridge and 
unnelling the new underpass next to 
he existing Darebin Street tunnel. 


n Rosanna, we're building the 
oundations and lift bases for the new 
station and constructing a retaining 
wall for the new rail bridge. 
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n the coming months, construction 
activities will continue in and around 
he railway line in Heidelberg and 
Rosanna from Monday to Sunday, 7am 
o 7pm. However, there are times when 
work will need to take place outside 
hese hours. 


We will notify surrounding residents 
when night works are planned. 


Above: An excavator preparing the 
foundations for the new station lifts. 
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What's coming up? 


e Boring under Lower Plenty Road to 


Heidelberg 


Installing the northern foundation 
for the new Burgundy Street bridge. 


Lifting the new Burgundy Street 
bridge into place. 


Continuing to dig the new 
underpass under Darebin Street. 


Constructing foundations for 
overhead rail structures. 


Drainage works near Salt Creek. 


Rosanna 


Building the new retaining wall on 
the southern end of the rail bridge. 


e Installing foundations for the new 


station building and bridge over 
Lower Plenty Road. 


e Constructing lift shafts for the 


new station. 


e Creating foundations for new 


overhead rail structures at the 
southern and northern ends of 
the bridge. 


install cables and wires along the 


rail line. 


24-hour works 


e Friday 8 December to Monday 11 
December 2017. 
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Local traders will be 
open during our works, 
so please support 
businesses in the area. 


Disruptions 


e Closure of Rosanna Station 
from October 2017 until March 
2018. During this time, train 
replacement bus services 
will operate between 
Rosanna and Heidelberg 
and Rosanna and Macleod 
to connect passengers to 
train services [except during 
planned disruptions). 


e Buses will replace trains on 
sections of the Hurstbridge 
line from approximately 8pm 
Friday 8 December to Sunday 
10 December. 


e Traffic management, including 
temporary pedestrian path, 
lane and road closures 
near construction zones in 
Heidelberg and Rosanna. 


Note: Planned and unplanned 
works may be carried out on the 
Hurstbridge line by other projects 
as part of regular maintenance 
and renewal programs. For 
journey planning and service 
disruption information, visit ptv. 
vic.gov.au or call 1800 800 007. 


e Site preparation works at Macleod 
for the new substation. 
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Ellesmere Pde is temporarily 
one-way (southbound) between 
Davies St and Lower Plenty Rd 
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Closure of 
Rosanna Station 
until March 2018 


Installing the new 
station building 
base and lift shafts 


Traffic management 
along Manton and 
Fanning St 


Traffic management 
along St James Rd 


CONTACT US 
contact@levelcrossings.vic.gov.au Follow us on social media Translation service - For languages other 
1800 762 667 @levelcrossings than English, please call 9280 0780. 


Please contact us if you would like this 
information in an accessible format. 
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Level Crossing Removal Authority 
GPO Box 4509, Melbourne VIC 3001 


